p/yj: ppj 

Approved For 




4 JUJM 1964 


I 


J®B®A8BISi Kffij Deputy Director for @m^rt 


SOSmT: 


ftroposea i^latiug Servloea BullOiog at Lwigley 


1. ^lia waaorai^uis contains in par^irapii 5 a rscosEBexalatlon 
for approval of the J^uty Director for Bug^rt . 
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I 


STAT 


t. £hi 25 Ifey 1964 the Director <xt Logistics laet ¥lth the 
Mtaoutive Director-CoB^troller and the Deputy Director for Si®port 
in a disGUssicffi ccajcerniag a aawtar plan fea: the is^ley site. It 
ie 8^ ffijdsrstandlng that the Ssecutive Director^Cka^ptroller at that 
oooreii^nce indicated approval fen* erecting a huildl^ of ajproxi- 
aately to 75/ ^^00 sfpare feet to house a printing plant on a 

•Ite ^K?3Cfihciaately 400 feet north of the po>serhouse between the 
existing road and the west property line. 

Ih the opinion of Jfr. QUsiore Clarhe of P a pua no i 

a tMo-etory building 120 feet by 300 feet could be deeiiped Itor this 
location in a wwma r not to be objectionable- 

4. Hie General Services Adad i o 1 sta^t ion has ract yet been con- 
sulted concerning this proposed project. Before any architectural/ 
engineering work can be started, two actions are necessary: 

a. A detailed aurv^^ and soil testing of the proposed 
site estiSAted coat 1^,000. Funds sufficient to cover this 
it«B &r& aA^ilflble in the Office of Logistics fiscal year 1964 
buaget. 
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b. A design report or statesfflat of design criteria and 
re!jpiir<naentB which woiidd be the basis of an architectural/ 
^giJaf^rlng contract that would be initiated by tim Qenacal 
fervices Adainistration. ¥e have contacted Sharles S. Main, 
Sscox^porated, of Boston, Mas e achosetts, a capable ccmsulting 
eaginewring fira which is wiUijyi to subait a proposal for this 
type report. Accurate cost estlmtec; for this report are not 
, yal ..,fl yail a h3 . ftj . hut , the pp st is not expected to exoeed #25,000. 
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5TATINTL 


; Ps?oposed Printing Services Building at Ijangley 


Fiscal year 1964 Office of Logistics fiaids esm te used for 
this impose if avmllable at the end of the year or. If not, 
fiscal year 1965 funds can he used 

5. St is recoasBasMed that m he authoriaed to pTOceed with 
the actions stated in paragraphs 4a «md h above. 


Act lag Idrector of Logl sties 


STATINTL 
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